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PROJECT UPDATE 


The past season has been a busy one for the Red Hill Creek Expressway 
Project. The following briefly outlines some of these activities: 


Five information centres were held in different locations along the 
corridor in mid-May. Over 400 residents attended the centres; 


The official ground breaking ceremony was held on June 26, with 
the Honourable William Wrye, Minister of Transportation, 
Regional Chairman Reg Whynott and Councillor Don Ross, 
Chairman of the Freeway Steering Committee participating; 


Three construction contracts were awarded in May to Dufferin 
Construction for the Queenston Road realignment and the CP. 
(T.H. & B) bridge, and to S. McNally & Sons for the King Street 
realignment 


The Mohawk/Golf Links Road Interchange, Phase I contract was 
awarded to Capital Paving. Work on this contract began in 
September; 


Detailed design is now proceeding on several projects. Tenders will 
be called in 1991 & 1992. 


QUEENSTON ROAD WESTERLY FROM POTTRUFF ROAD. 


UPCOMING PUBLIC INFORMATION CENTRES 


... two information centres have been organized for December of this year for 
the neighbourhoods surrounding the King Street and Queenston Road 
construction projects. 


DECEMBER 4, 1990: Roxborough Park Public School 
20 Reid Avenue N. 

TIME: 7:00 - 9:00 p.m. 

DECEMBER 5, 1990: Glen Echo Public School 
140 Glen Echo Dr. 

TIME: 7:00 - 9:00 p.m. 


... information regarding the progress of these contracts and the upcoming 
works will be available. Staff of the Freeway Project Office will be on hand to 
answer any questions or address any concerns. 


... other information centres will be organized for the spring of 1991, prior to 
the award of the new contracts. The dates, times and locations of these centres 
will be circulated to those residents in the immediate area. Notices will also be 
placed in the local media. 
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ON-GOING CONSTRUCTION UPDATE 


QUEENSTON ROAD 


PHASE: I 

START: June 1990 

COMPLETION: Sept. 1991 

TRAFFIC FLOW: On restricted Queenston detours 


QUEENSTON ROAD WESTERLY - PHOTO BY CHARLIE RADEI 


MOHAWK ROAD/GOLFLINKS PHASE: I 
ROAD INTERCHANGE, PHASE I het eee ae ‘ah 
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INCLUDING THE CONNECTION TRAFFIC FLOW: Close Golflinks and use existing Mohawk until end of Phase | 
TO HIGHWAY 403 CLOSURES: Close Mohawk, west of Old Mohawk at end of Phase | 
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KING STREET 


PHASE: I 
START: June 1990 
COMPLETION: Sept. 1991 


TRAFFIC FLOW: On existing streets during Phase | - on New King 
at end of Phase | 


CLOSURES: Old King and Mt. Albion 
COMMENTS: Temporary connection of Mt. Albion to New King 
along future S-E/W ramp 


KING STREET WESTERLY - PHOTO BY CHARLIE RADER 
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C.P. RAILWAY (T.H. & B) 


START: June 1990 
COMPLETION: June 1991 


TRAFFIC FLOW: — Occasional interruptions 
on Mount Albion Road 
between King Street . en 
and CP. Rail 


CLOSURES: Nil 


CP. (T.H. & B.) GRADE SEPARATION NORTHERLY - PHOTO BY CHARLIE RADER 
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NEW WORKS SCHEDULED FOR 1991 


The next construction contracts are: 


It is expected that tenders will be called for each of these projects in 
the spring and work will begin shortly thereafter. 


the Rennie Street Watermain Relocation; 


a Pre-clearing contract for the Southbound freeway lanes 
between Mud Street and Glencastle Drive; 


the Upper Ottawa Street Grade Separation; 
the Pritchard Road Grade Separation; 
the Gatestone Drive Grade Separation 


the construction of the Southbound freeway lanes between 
Mud Street and Glencastle Drive; 


the C.N. Railway Grade Separation (north of Barton Street). 
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Red Hill Creek Expressway: PROGRESS REPORT 


is a publication of the Regional Municipality of Hamilton-Wentworth, Freeway Project Office. This office is responsible for the administration and 
management of the Red Hill Creek Expressway Project. 


| Should you have any comments, suggestions or questions, please contact: 


Freeway Project Office 
25 Main Street West, 10th Floor 
Hamilton, Ontario 
L8P 1H1 


(416) 546-4277 
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Deck Pour, Westbound Lanes of New King Street ee April 1991 


PROJECT UPDATE 


On December 17, 1990 the Ontario Government 
withdrew the funding for the Valley section of the 
project. The Region appealed for a Court Order 
compelling the Province to honour its financial 
commitments. Subsequently, the Ontario Court of 
Justice ruled that the Province has the right to 
withdraw funding. The Region is taking further 
legal action. 


Funding for the Mountain section and for contracts 
under construction is continuing. The Minister of 
Transportation has endorsed the construction of the 
Mountain section. The Region has agreed to take 
part in a joint Ministry/Regional Study on alterna- 
tives for the north-south connection. 


On May 7, 1991, Regional Council approved the 
revised construction schedule of the Mountain section 
of the project. Design, construction and land 
acquisition have been resumed. 


UPCOMING 
PUBLIC INFORMATION CENTRES 


Several information centres have been organized 
for June of this year: 


Monday, June 17, 1991 

C.B. Stirling Public School 

340 Queen Victoria Drive, Hamilton 
6:30) =7.5:50 pm, 


Wednesday June 19, 1991 
Rousseau Public School 

103 McNiven Road, Ancaster 
6:30 - 8:30 p.m. 


Thursday June 20, 1991 
Glen Echo Public School 

140 Glen Echo Drive, Hamilton 
6:30 - 8:30 p.m. 


Information regarding the progress of current 
contracts and upcoming works will be available. 
Project Office staff will be on hand to answer 
questions or address your concerns. 
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REVISED SCHEDULE OF 
CONSTRUCTION STARTS 


The original construction schedule approved in 
1990 has been revised. The start of construction of 
the Mountain section between Mohawk/Golf Links 
Road and Upper Gage Avenue is being advanced 


from 1995 to 1992. 


The scope of the works for the Mountain section will 
remain as originally planned, except for the section 
between Pritchard Road and Gatestone Drive. This 
section is currently under review by the Ministry of 
Transportation and the Project Office. 


According to the new schedule, the following sec- 
tions will be open to traffic: 


¢ Hwy. 403 to Mohawk/Golf Links Road: 
October 1991 

e Hwy. 403 to Garth Street: October 1995 

e Upper Gage Avenue to Paramount Drive: 
October 1995 

e Hwy. 403 to Paramount Drive: October 1996 

The revised schedule of construction starts is as 

follows: 


1990 


e King Street Realignment 
* Queenston Road Realignment 
¢ CP Rail Grade Separation 


* Hwy. 403 to Mohawk/Golf Links Road 
Interchange, Phase | 


1991 
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¢ Upper Ottawa Street Grade Separation 


1992 
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¢ Upper Wellington Street Grade Separation 


1993. 

e Glancaster Road/Susan Drive 

e Upper Paradise Road Grade Separation 

e Upper Sherman Avenue Grade Separation 

e Upper Gage Avenue Interchange 

e Dartnall Road Interchange 

e Grading and Drainage: Upper Gage Avenue to 
Pritchard Road 


1994 


e Grading and Drainage: Mohawk/Golf Links Road 
to Garth Street 

e Garth Street Interchange 

e Upper James Street Interchange 

e Grading and Drainage: Upper Wellington Street 
to Upper Gage Avenue 

e Upper Wentworth Street Interchange 

e Grading and Drainage: Pritchard Road to 
Paramount Drive 


1995 


¢ Grading and Drainage: Garth Street to Upper 
Wellington Street 

¢ West 5th Street Grade Separation 

e Paving: Mohawk/Golf Links Road to Garth Street 
and Open to Traffic 

e Paving: Upper Gage Avenue to Paramount Drive 
and Open Traffic 


1996 


e Paving: Garth Street to Upper Gage Avenue and 
Open to Traffic 


Note: Most contracts extend over two years. 


Schedule is subject to revisions. 


ON-GOING 
CONSTRUCTION UPDATE 


King Street Reconstruction 


e Mount Albion Road 
- Detour from Hixon to King: from July 
- Traffic Interruptions occasionally 
e New King Street 
- Asphalt paving: August 
- Open to traffic: from August 
e Lawrence Road Closure: 
August to September (4 weeks) 
¢ Completion: October 


Queenston Road Reconstruction = 
* Asphalt paving: August Close-up of Deck Pour, King Street. April 1991 


e Open to traffic: from August 
¢ Completion: September 


CP Railway Grade Separation 


Mount Albion Road 

- Traffic interruptions occasionally 
Railwork: May-June 

Excavation: June 

Completion: July 


Mohawk/Golf Links Road Interchange 


Earthworks and grading: April to August 
Bridge Deck Pour: June 

Golf Links Road East Closed: June 
(Open to local traffic only) 

Asphalt paving: September 

Expressway open to traffic: September 
(Mohawk Road West Closed. Open to 
local traffic only) 

Completion: October 


Placing of Steel Plate Girders which will carry the 
Concrete Deck - CP Railway Bridge, April 1991 


1990, 1991 AND 1992 
CONSTRUCTION CONTRACTS 


1. King Street Realignment, 1990-1 

2. Queenston Road Realignment, 1990-1 

3.C.P. Railway Grade Separation, 1990-1 

4. Mohawk/Golf Links Road Interchange Phase I, 1990-1 
5. Upper Ottawa Street Grade Separation, 1991-2 

6. Upper Wellington Street Grade Separation, 1992-3 
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Red Hill Creek Expressway 


PROGRESS REPORT 8 
IS A PUBLICATION OF THE REGIONAL MUNICIPALITY OF HAMILTON-WENTWORTH, 
FREEWAY PROJECT OFFICE. THIS OFFICE IS RESPONSIBLE FOR THE ADMINISTRATION AND | 
MANAGEMENT OF THE RED HILL CREEK EXPRESSWAY PROJECT. 


SHOULD YOU HAVE COMMENTS, SUGGESTIONS OR QUESTIONS, PLEASE CONTACT: 
FREEWAY PROJECT OFFICE | 
20 MAIN SIREET WES!, 101H FLOOR 
HAMILTON, ONTARIO 
LBP AE 
(416) 546-4277 
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PROJECT UPDATE 


Work on the Mountain section of the Red Hill 
Creek Expressway is progressing as sched- 
uled. The first phase of the Mohawk/Golf 
Links Road Interchange has been completed 
(see photographs). The second phase of con- 
struction will start in 1994. 


The construction of several bridges carrying 
north-south streets across the future Express- 
way has either started or will start in 1992. 
The purpose of constructing the bridges next 
in the schedule is to ensure that traffic disrup- 
tion is kept to a minimum during the construc- 
tion of the Expressway. 


Three contracts in the Valley section of the Ex- 
pressway have been completed. A joint Min- 
istry of Transportation/Regional study on al- 
ternatives for the north-south connection has 
begun. 


This brochure provides the latest schedule for 
the start of construction projects for the Moun- 
tain section. 


UPCOMING 
PUBLIC INFORMATION CENTRES 


Public Information Centres will be held on: 


Wednesday, November 27, 1991 
Thornbrae Public School 

256 Thorner Drive, Hamilton 

6:50-= 9:00 p.m: 


Monday, December 2, 1991 
Cardinal Heights Public School 
70 Bobolink Road, Hamilton 
6:30 - 9:00 p.m. 


The Red Hill Creek Expressway Project 
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Fall 1991 


Mohawk/Golf Links Road Interchange Looking 
West to the Highway 403 Interchange 


Monday, December 9, 1991 
Regina Mundi School 

675 Mohawk Road West, Hamilton 
6:30 - 9:00 p.m. 


Information regarding the progress of current contracts 
and upcoming works will be available. Project Office staff 
will be on hand to answer questions and address your 
concerns. 


Please refer to the map on the back page for the location 
of information centres. 


PROJECTS COMPLETED 


The construction of Red Hill Creek Express- 
way started in 1990. The following projects 
have been recently completed. 


Mountain Section 
e Highway 403 to Mohawk Road/Golf Links 
Road Interchange Phase I (November, 1991) 


Valley Section 

e Queenston Road reconstruction 
(November, 1991) 

e King Street reconstruction (November, 1991) 

e CP Railway grade separation south of King 
Street (August, 1991) 


PROJECTS STARTED IN 1991 


Construction started on the Upper Ottawa 
Street overpass in August, 1991 and is ex- 
pected to be completed by July, 1992. Work 
here will include construction of a watermain, 
bridge and temporary detour road. 


PROJECTS TO START IN 1992 


Construction will start in March of 1992 on 
overpasses at Upper Paradise Road and Upper 
Sherman Avenue. These roads will be closed 
to traffic during construction. 


During the Fall of 1992 a watermain will be 
relocated at Upper Wellington Street and this 
will be followed by bridge construction. 


REVISED SCHEDULE FOR 1993-1996 
The following is the revised schedule for the 
start of construction for the remainder of the 


Expressway projects: 


1993 


Glancaster Road/Susan Drive 
Upper Wellington Street Overpass 
Upper Wentworth Street Overpass 


Clearing and Grading of Mohawk/Golf Links Road 
Interchange (December, 1990) 


Paving and Landscaping at Mohawk/Golf Links Road 
Interchange (October 1991) 


e Dartnall Road Interchange and associated 
Expressway section 

e Magnolia/Guildwood Pedestrian Crossing 

e Fiona/Limeridge Pedestrian Crossing 

e Upper Gage Avenue Interchange and 
associated Expressway section 


1994 


e Garth Street Interchange and associated 
Expressway section (Garth Street to 
Mohawk/Golf Links Road) 

¢ Upper James Street Overpass 

¢ Upper Wentworth Street Interchange and 
associated Expressway section (Upper 
Wellington Street to Upper Gage Avenue) 


1995 


e Upper James Street Interchange and 
associated Expressway section (Upper 
Wellington Street to West 5th Street) 


1996 


e Expressway paving (West 5th Avenue to 
Upper Gage Avenue) 


Note: Most contracts extend over two years. 
The Schedule is subject to revisions. 


Overpass or Interchange. What's the difference? 


e An overpass is a bridge over the Expressway. It does 
not have direct access to the Expressway. 

e An interchange includes a bridge over the 
Expressway as well as ramps to provide access to the 
Expressway. 


Site of Future Overpass on Upper Ottawa Street Looking 
North and East (October, 1991) 


Landscaping at the Mohawk/Golf Links Road Interchange 
Looking West to Highway 403 (October, 1991) 
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